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YU ud ‘en QM August 30, 1887. 


Hon. D.M. Fox, 
Supt. U.S. Mint, 
Phil ade: phia. 

Dear Sir; 

in ascordance with your verbal instructions we are 
now erecting the Shafting required for transmitting power to the 
Coining Department by means of belting in place of the Rearing now 
in use. in our letter of the 17th inst. to Messrs. Wilsm Bre@, 
& Co. (a eopy of which we enclose —er we quoted a prise, «& 
you will observe, for the Shafting, ereated in Place, and @ Sepa 
rate price for the 16" and 18" driving belts, that would be re= 
quired, 

In receiving your instruaetions for this work there was no th 
ing said about the belts, and as itis important that same ar~ 
rangement should be made at onee for prosurins them in time to put 
in place when our other work is finished, we would be pleased to 

| hae you informus if you desire us to furnish these belts. Wa 
would also request that yo send us a written order for the Shaft- 


ing as promised. 
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U. Ss ‘Mint, 3. 


Our understanding of the verbal agreement with yom is as 
follows: All the brick work, cutting of walls, exeavations and 
eutting of deek beam, to be done by your men withowt expense to 
uS. In eonsideration of this we make a redustion im the price 
named of Ninety Five Dollars ($95. ) making the net amount fur 
the Shafting ereeted, exelusive of belts, Six Himdred ops fey 
Dollars ($650. ) We further agreed, that if this change in plan 
of drxving the Coining Room Shafting does not remove the vi- 
brations that now prevent the use of your Weighing Maehinery, 
we would make no eharge for this part of the work. 


* 
Hoping to hear fronyou at your eariiest sonvenieneée, 


we remain : 
ME «. 


Yours respeatf . 






we Sees ~ 


Wm. Sellers 
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[Letter One:] 
August 17, 1887 


Messrs. Wilson Bros. & Co. 
435 Chestnut St. Phila. 


Gentlemen: 


We enclose you a blue print showing the proposed arrangement for driving the Coining 
Room Shafting in U.S. Mint, this city, by means of belting. Since the drawing was made we have 
concluded that it would be as well to dispense with the Countershaft A. and drive the shaft B. 
direct from the main shaft by moving the Pulley C. to place marked D. We would then use a 6” 
crossbelt onto the Pulley on shaft B. which will give the proper speed and direction for shaft. 


Our price for this re-arrangement of work including the Shafting, cutting and facing of 
walls, removing of the work not required and the erecting of the new work complete, except 
belts, will be Seven Hundred and Forty Five Dollars --- ($745.) 


This price is based upon the condition that we are to have returned to us such parts of the 
present work as are not required in this arrangement. If new 18” and 16” Double Belts are 
wanted, our price for the same made endless in position will be Two Hundred and Five Dollars 
($205). 


We think this work could be pushed forward so as to be finished the last of next week. 
The main part of the work would be erected whilst the Mint is in operation, but the final work of 
removing the shafts and placing in the new ones could be done on Saturday night and Sunday. 


Hoping this will be satisfactory, we remain 
Yours truly, 
Wm. Sellers & Co. Incorporated. 
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[Letter Two:] 


William Sellers & Co. Incorporated. 
Philadelphia 
August 30, 1887 


Hon. D.M. Fox, 
Supt. U.S. Mint, 
Philadelphia. 


Dear Sir: 


In accordance with your verbal instructions we are now erecting the Shafting required for 
transmitting power to the Coining Department by means of belting in place of the gearing now in 
use. In our letter of the 17th inst. to Messrs. Wilson Bros. & Co. (a copy of which we enclose 
herewith) we quoted a price, as you will observe, for the Shafting, erected in place, and a 
separate price for the 16” and 18” driving belts, that would be required. 


In receiving your instructions for this work there was nothing said about the belts, and as 
it is important that some arrangement should be made at once for procuring them in time to put 
in place when our other work is finished, we would be pleased to have you inform us if you 
desire us to furnish these belts. We would also request that you send us a written order for the 
Shafting as promised. 


Our understanding of the verbal agreement with you is as follows: All the brick work, 
cutting of walls, excavations and cutting of deck beam, to be done by your men without expense 
to us. In consideration of this we make a reduction in the price named of Ninety Five Dollars 
($95) making the net amount for the Shafting erected, exclusive of belts, Six Hundred and Fifty 
Dollars ($650). We further agreed, that if this change in plan of driving the Coining Room 
Shafting does not remove the vibrations that now prevent the use of your Weighing Machinery, 
we would make no charge for this part of the work. 


Hoping to hear from you at your earliest convenience, we remain 


Yours respectfully, 

Wm. Sellers & Co. Incorporated, 
John Sellers Jr. 

Treasurer. 


